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SHDM: Chiefs Real Estate & Construction Division 

SUBJECT* Weekly Activity Report 


25X1 


-Ctaiaa of Special Interest to DD/A« 
a 0 Building of TSS Laboratory 


ZDA I AuA 


Since TSS has determined that explosive testing will not be 
required in their operation it has been found advisable to 
redesign the test laboratory and relocate the building on L 
This will delay completion approximately one 


JUJU We — 

DC I Mbvo frost Adsdne 


KLdgo to South HLdgoi 


( 1 ) 

( 2 ) 

(3) 

(4) 

( 5 ) 

( 6 ) 


Security had determined that certain window grilles 
may b© removed fron second and third story windows 
of South KLdg 0 Contractor will proceed with grille 
removal o 

All questions re removal of ceraadc tile wainscoting 
and installation of wire raceways have been resolved 0 

Drawing being prepares covering security requirements 
for first floor recaption area* 

GSA and contractor agreed to intensify activities on / 
South HLdgo alterations® Demolition substantially V/ 
conpletodo Erection of new partitions to start promptly 0 

Sketches being prepared showing suggested iaprove a entB 
In DC I and Deputy Director 9 s suits® 


iferk on tunnel was resumed on 7 Oct® 
progress being asade® 


Satisfactory 


Co Antenna Project: 

Project nearing completion® Installation of platform and 
catwalks on roofs only remaining major iteaso Transmitter 
was installed in attic and eoaslal cable connections Bade 
in Room 2 0 


do K Building Cafeteria: 

Reply to our letter of 6 Oct® regarding physical improvements 
expected from GSA on 20 Got® 
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^ SISRKT 


lb October 195 5 * 


3C • Spec®, Maintenance & Facilities 


25X1 

25X1 


a„ Utility Wiring aad Air Conditioning Contract j- 

Xastallutioa of all units Bearing coespletioa. Six (6) minor itms 
expected to 'fee completed b y end of next week. Only ssajor items 
remaining ore expansion of I Trenafortacr vault and installation 
of Iff T Cp r trensfosHsor • Vault csssrslon is an extra on original 
contract. 


bo 


• Cossao - Electrical Work and Air Conditioning, BuiMing 


Ten ton air conditioning unit received. T«© (2) 7*1/2 ton units ami 
cooling towers hove been ci\ order tut not delivered to date. Electrical 
installations proceeding satisfactorily. Arrangements m , do with G6A 
electricians to wrk on this project over tfes coming weekend. 


25X1 

25X1 


Co Request of DD/P for 


square foot of additional spaces- 


Kea»randvs& to be prepared outlining all phases of this problem® WfP 
officials take stand that othe r agency component should be removed from 
Z-J-X end L group to| 1 


d« 


}> Relocation to Another Buildings- 


Stase delay encountered la preparing of final saesorendua. Efforts will 
be mde to complete this study as quickly as possible® 


©. South Building - Removal of Snack Bar:- 

Security Office Isas voiced its opposition to relocation of this stand in 
Room 112. Contact will be mads with Special Assistant W/A, since it is 
understood that the DCI objects to location of the stand at the entrance 
to the building. 

f . Agency Telephone Directory (October Issue) 

Printing and Reproduction Division has adviaed that proof copies of the 
Agency Telephone Directory will be readied for review on 15 October 195* 
Approx teat* i y eight additions! work days will bo required for printing 
and binding. Approximate date of distribution trill, bo 29 October 195b. 



25X1A6D 


25X1 A6A 
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SECRET 


- Space, Maintenance and Facilities 


Ik October 19J& 


ga 


he 


i. 


Quarters Eye Buildings- 

Faint log of Mr® Ckirrisoa 0 © suite has boon delayed pending installation 
of chair rails and certain work in conjunction with revision of large 
rap® Painting &f this suite will fee occcaplissfecd prior to Mr* Garrison c ® 

return® 

Recreation and Services Building * Alterations s- 

Sea© delay has feeen encountered with respect to renovations and alterations 
for Office of Training, however, the GS& Baapector ha® indicated that the 
Job will ccraploted by the ©ad of next week. 


** Air Conditioning ©ad Heating Alterations i - 25 X 1 A 6 A 


fork oa this pro,j«ct is proceeding satisfactorily. As of this cats the 
alterations ar« apprcoifflately 72 $ complete® 


4® Movess- 


1® Completed during past weeks** 

*®P (partial) within XhOQ Ming, Tesrao 1C BuiMiag a 8 October • 

0 Cl, OCP, GBR impartial), IS October. 

g c Tentative for coming tracks** 


25 X 1 A 6 A 


OCDj> within 


with in Recreation and Services Building, 13 October* 

' , 19 October® 


Chief, ^ 
Real Estate & Construction Division 


25 X 1 
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